To:  Way,  Stevenfway. steven@epa.gov] 

From:  Matt  Francis 

Sent:  Sun  9/13/2015  2:42:47  PM 

Subject:  RE:  GK  Release  - Planning  and  Status 

I won't  be  on  site  until  late  tomorrow  but  can  participate  via  phone  if  you  wish. 

Sent  via  the  Samsung  Galaxy  Note®  3,  an  AT&T  4G  LTE  smartphone 

Original  message 

From:  "Way,  Steven"  <way.steven@epa.gov> 

Date:  09/13/2015  8:40  AM  (GMT-07:00) 

To:  Matt  Francis  <m.francis@erllc.com>,  Vince  Parker  <v.parker@erllc.com> 

Cc:  "Myers,  Craig"  <Myers.Craig@epa.gov>,  "Forte,  Richard  E MST1"  <Richard.E.Forte@uscg.mil> 
Subject:  GK  Release  - Planning  and  Status 

Matt  and  company, 

On  Monday,  I would  like  a meeting  with  you  and  Vince  (and  other's  you  may  want  to  join)  and  the  OSCs 
and  START  to  discuss  the  status  / progress  / schedule  on  the  various  tasks  for  the  site  / response. 

Waste  Rock  Removal  / Channel  Restoration 

Current  operational  plan 

Temporary  Pipe  Diversion  - owner  discussions  / contingency 

Traffic  Control  requirements  for  hauling  - (and  coordination  with  County) 

Water  mngt  /chemical  requirements 
Water  Treatment  - Temporary  (current  operations) 

Chemical  supply  and  needs 
Operational  check  - hopper  system,  pump  system 
By-pass  options  for  GK  flow 
GK  Mine  - Adit  Rehab 
Shotcrete 

Mucking  operations  relative  to  WT  capacity 
HDPE  Pipe  - contract  and  install  timeline 

Potential  Interim  Water  Treatment  (Temporary  - approximate  12  month  period) 

Gladstone  Power  supply  - timing,  options,  costs 
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Staffing  and  Schedules  for  personnel 

Other  topics  - please  feel  free  to  fill  in  specifics  our  additional  general  items. 

We  can  decide  the  best  time  to  do  this  when  we  meet  Monday.  (My  current  preference  would  be  first 
thing  after  the  safety  brief,  but  we  can  discuss  that.) 

Thank  you, 

Steve 


Steven  Way 

Federal  On-Scene  Coordinator 
Emergency  Response  Unit 
US  EPA  - Region  8 
1595  Wynkoop  Street 
Denver,  CO  80202 

Office:  303-312-6723 


Confidentiality  Warning:  This  e-mail  and  any  attachments  contain  information  intended  only  for  the  use  of 
the  individual  or  entity  named  above.  If  the  reader  of  this  e-mail  is  not  the  intended  recipient  or  the 
employee  or  agent  responsible  for  delivering  it  to  the  intended  recipient,  any  dissemination,  publication  or 
copying  of  this  e-mail  is  strictly  prohibited.  Although  this  email  has  been  scanned  for  malware,  the  sender 
does  not  accept  any  responsibility  for  any  loss,  disruption  or  damage  to  your  data  or  computer  system 
that  may  occur  while  using  data  contained  in,  or  transmitted  with,  this  e-mail.  If  you  have  received  this  e- 
mail  in  error,  please  immediately  notify  by  return  e-mail.  Thank  you. 
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